














TLL NO: S-86-07- $ 3 


AN ORDINANCE 
No. 1 .- Res. 
Storm Sewer, 
Construction 


with the Board of Public Works and 
Safety, of. the City of Fort Wayne, 


Indiana. 


NOW, THEREFORE, BE IT ORDAINED BY THE COMMON COUNCIL OF 


THE CITY OF FORT WAYNE, INDIANA: 


SECTION 1. That Change Order No. 1 for Res. 403-84, 


Lathrop Street Storm Sewer, 


SPECIAL ORDINANCE NO. S- ADO Se 


approving Change Order 
403-84, Lathrop Street 
with Dailey Asphalt & 

Company, in connection 















with Dailey Asphalt & Construction 


Company, in connection with the Board of Public Works and Safety, for: 


During the course of construction of 
subject project, numerous property 
owners along the west side of the 
storm improvement were concerned 
about the impact of the drainage 
ditch in front of their homes. While 
they agreed to release right-of-way 
for construction of said project, they 
did not visualize the actual depth of 
the ditch as we explained previously 
to them. In some areas, at the con- 
fluence of the drainage structures 
and the side ditch, the side ditch is 
in excess of 3.7+ VF in relation to 
the lot served and the edge of the 
road. Some property owners did not 
wish to have the back slopes of the 
storm ditch laid at a flatter grade 
where it would go deeper into their 
property. In order to accomodate the 
people and still get the project com- 
pleted, the City recommends this change 
order to install pipe in some of the 
areas that are in excess of 3.7+ VF 


deep; 


involving a net increase of Seven Thousand Three Hundred Ninety- 
Eight and 43/100 Dollars ($7,398.43), all as more particularly set 
forth in the specifications, and which is on file in the Office of 
the Board of Public Works and Safety, and is by reference incor- 
porated herein, made a part hereof and is hereby in all things 
ratified, confirmed and approved. 

SECTION 2. That this Ordinance shall be in full force 


and effect from and after its passage and any and all necessary 


approval by the Mayor. 






























(Oe 007 ST Oana. Ouch (OO DO e 


Cid. Co Cad = SIND: DO INDIES NDS ROE INS. ROE NDS OND IND ee a ee ee ee ee ee ped 
NO a a SSS OO SS Oy Oa ie CO NO ee OS A o E SI ee OL eee E o et E 











age Two 


PPROVED AS TO FORM 
ND LEGALATY 





O. Boxbergey, City Attorney 





1 Read the first time in full and on motion by ID eas A 
seconded by ees nae , and duly adopted, read the second time 
by title and rererred to a Committee : f ALBAE. (and the Cit 
Plom,Commission for rocon ezGaticn) and 2ub1Z fee oe eld after 
due legal notice, at the Council Chambers, City county Building, Fort Wayr 
Indiana, on , the day ofi 

E “cLØEK 1 p Do 


CITY CLERK 



















DATE: A ADA 





RA E. KENNEDY ; 





Read the ird—time in full and on motion by ; 
seconded by , and duly adopted, placed on its 
passage. “PASSE (B9SST) by the following vote: 


D 
K 
td 
Yn 


NAYS ABSTAINED ABSENT TOSWIT: 


E T EE A 


A 








TOTAL VOTES 
BRADBURY 
BURNS 
EISBART 
GiaQUINTA 
HENRY 

REDD 
SCHMIDT 


STIER 


LIMITE CR RPL A 
| 


TALARICO 


DATE: PHA RO ) TEN Á 


SANDRA E. KENNEDY, CITY CLERK 





Passed and adopted by the Common Council of the City. of Port 


Wayne, Indiana, as (ANNEXA PROPRIATION) (GENE Zz 
(SPECIAL) (ZONING MAP) ORDINANCE (RESCLUPEION)— NO. GE HE ie 
on the RÁ day of Agaot, ES E iA 4 


ATTEST: ( 


SEAL) 
SANDRA E. KENNEDY, CITY CLERK - j i PRESIDING OFFICER ; 


Presented by me to the Mayor of the City of Fort Wayne, Indiana, 


on the JE day of : , 19 HF a 
at.  therhour of wo Mpls) o'clock 









Sohn aie. BEST: 


EA 


SANDRA E. KENNEDY, CITY CLERK 






Approved and signed by me this AS? Cay of ; 


19 IG r at the hour of £0 o'clock 77 M, E 903 T: 


WIN MOSES, JR., MAYOR 
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CHANGE ORDER (5 aá 
Change Order No. 1 : Resolution No.497-1%-+ 
Project No. Board Order No}27-84 
Name of Project: Lathrop Street Date: 7/7/86 
To: Dailey Asphait & Construction Company 





(Contractor) 
Gentlemen: 


You are hereby requested to comply with the following changes from the contract plans and 
specifications: 














teem | —_ Description of Change |__| Change in Contract Price 
| No. | [Quantity | Description [Unit Price | Decrease | Increase | 















20,450.43 
Net (DecreaaaXKlncrease) Contract Price 7,398.43 
The sum of $7,398.43 is hereby (added to) kdeduetadxkrem) the total contract price 


and the final contract price shall be adjusted as follows: 


Original Contract Price 


Current Contract Price Adjusted by Previous Change Order $— Bh 205,75 
New Contract Price including this Change Order ore ee 
94.305: 
The time provided for completion in the contract for this project is XxM«kMNeEY (increased) 
(JREXBRBERA by — 60 calendar days due to this Change Order. The date for completion 
of all work shall be _9/6/88__________. Furthermore, this document shall become an 
amendment to the co pea "i ract apd all provision: provisions of the contract shall apply hereto. 






A ie, Date Foly ye 
Accepted by: Dud Wt - Date 2 Z- 24 


Approved by: A a E City Engineer Date %-— Sol y xe 
Approved by 4 AA, ee AA Owner Date E 7 3 K E 


KX z 


E N 


a A Ls 
Attested by: AAA a. Kan Ke PANA erk Date : -$6 


Recommended by: 


tem 
No. 


26 


24 


29 


30 


31 
32 
33 
34 


35 


E 


ATTACHMENT TO CHANGE ORDER 











ISE: TITS PE TER PTE: ASEO VEAN 
A ASE S NU EA “4 
eS 
3980+ SY | Double Chip & Seal with #9 and #11 <> 1.70 





bump Sun 1,700.60 
ee o a 
E A 


Lump Sum Extend driveway pipe structures at 
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Total Decrease 13,052.00 


Total Increase 


Net (166263888) (Increase) : Contract Price 


Increase 


12,688.17 


1,700.60 


1,878.80 


1,489.40 
1,529.00 


1,225.40 


20,450.43 


7,398.43 


1. 


Change Order No. il 
‘ Resolution No. 408-84 
Board Order No. 127-84 


REQUEST AND JUSTIFICATION FOR CHANGE 
ee eee EUR CHANGE 


Necessity for change: _ During the course of construction of subject project, numerous 


property owners along the West side of the storm improvement were concerned about the 
impact of the drainage ditch in front of their homes. While the agreed to release 
right-of-way for construction of said project, they did not visualize the actual 
depth of the ditch as we explained previously to them. In some areas, at the con- 
fluence of the drainage structures and the side ditch, the side ditch is in excess of 
3.74 VF in relation to the lot served and the edge of the road. Some property owners 


did not wish to have the back slopes of the storm ditch laid at a flatter grade where 
it would go deeper into their property. In order to accomodate the people and still 


get the project completed, the City recommends this change order to install pipe in some 


of the areas that are in excess of 3.7+ VF deep. 
eS a a ee 
KA _ AAA ŘS OOOO 
—_— _—  _ ____QGErm UOO 
— c O a a O O UO 


Will proposed change alter size of the project? Yes Noo xX 








If yes, explain 


: 
Affect on operation and maintenance cost of this project: 


N/A 


A A L E 


TT ___aaOOOAaAaAaA 





EEE 


: = J 
| Admn. Appr. 


DIGEST SHEET 


Il QA 3 


TITLE OF ORDINANCE Change Order No. 1 - Res. 403-84, Lathrop Street Storm Sewer 
A A A A AO E A O 
DEPARTMENT REQUESTING ORDINANCE Board of Public Works § Safety 


SYNOPSIS OF ORDINANCE Change Order No. 1 - Res. 408-84 is necessary because of 
— M 
the following: During the course of construction. of subject project, numerous property owner 


along the west side of the storm improvement were concerned about the impact of the drainage 


LECH al tront o eir homes. iTe y agreed to release right-of- TEE tion of 
said project, they did not visualize the actual depth of the ditch as we explained pre- 
UU EM areas, u side 
ditch, the side ditch is in excess of 3.7+ in relation to the lot served and the edge of the 
aa i i i id ata 
flatter grade where it would go deeper into their property. In order to accomodate the : 
I j = i i install 
pipe in some of the areas that are in excess of 3.7+ VF deep. Dailey Asphalt § Const. Co. 


a ee EN A. a AN ee e PO EN ey 
is the contractor. 


LA A EEL ELLE AE LAE AC A AA eee pa 


a e Eee 
To facilitate completion of this project. 


EFFECT OF PASSAGE ; 
E A ee ee ee ee 





EFFECT OF NON-PASSAGE 
Peer sah eae A O Oy Ge A E OR ESS, 





MONEY INVOLVED (DIRECT COSTS, EXPENDITURES, SAVINGS) Increase $7,398.43 





ASSIGNED TO COMMITTEE (PRESIDENT) 





BILL NO- S-86-07-33 


REPORT OF THE COMMITTEE ON CITY UTILITIES 
WE, YOUR COMMITTEE ON CITY UTILITIES TO WHOM WAS 
E A Ai A A E 


REFERRED AN (ORDINANCE) (RESOLUTION approving Change Order ` 
No. l - Res. 403-84, Lathrop Street Storm Sewer, with Dailey 
hr ELA Det ley 0 


Asphalt & Construction Company, in connection with the Board of 


Public Works and Safety, of the City of Fort Wayne, Indiana 


Re eager en RE ee ee 














5 
EE EEE S E A A Cl 
AAE ag es << 

HAVE HAD SAID (ORDINANCE) (RES8KU¢#5N) UNDER CONSIDERATION AND BEG 


LEAVE TO REPORT BACK TO THE COMMON COUNCIL THAT SAID (ORDINANCE) 











(RESSHUPPONS 
NO 
PAUL M. BURNS 
“CHAIRMAN 
THOMAS C. HENRY 
VICE CHAIRMAN ee 0 a a AS 





BEN A. EISBART 
A JAMES: Sa STIER 


MARK E. GiaQUINTA 








CONCURRED IN AR fA SANDRA E. KENNEDY 
CITY “CLERK 


